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Pamphlet 


GRAVEL 


FOR YOUR FUTURE ENJOYMENT 
ROAD UNDER CONSTRUCTION 


The Gulf Shore Road between the Calvay Park 
Entrance and Cavendish Beach, a distance of 18 
miles will be constructed to a high standard as 
part of a program to improve the highway and 
road system in the National Parks. 


While this work is in progress, we will attempt to 
keep traffic delays and inconveniences to a mi- 
nimum. We will appreciate your patience while 
this road is under construction. 


This pamphlet will present some facts about the 
highway under construction, the work that has 
already been completed, and the proposed future 
road work along the Gulf Shore Road. 


Issued Under the Authority of the 
Honourable Alvin Homilton, Minister of Northern Affoirs 
‘end National Resources 
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CONSTRUCTION FACTS 


Total length of highway to be constructed or re- 
built — 18 miles. 


SPECIFICATIONS — 24 foot paved driving sur- 
face with 6 foot stabilized shoulders. 
COMMENCEMENT DATE OF PROJECT — Spring 
1956. 


ANTICIPATED COMPLETION DATE — Fall 1960. 
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CIPATED TOTAL EXPENDITURE—$2,845,000. 


WORK- COMPLETED 


4,7 Miles between the Dalvay entrance and the 
Covehead bridge have been reconstructed and 
paved. 


2.5 Miles between the Covehead bridge and the 
entrance road to Brackley Beach have been 
constructed and paved, 


The Covehead trestle bridge has been completed. 
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The 6.0 miles between the settlement of North 
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Bituminous Surface Course 
Gravel Base Course 


Gravel Sub-base Course 
Stabilized Shoulders 


Earth Sub-grade 


